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Message Text 



PAGE 01 MANILA 00002 290502Z 
12 

ACTION TRSE-00 

INFO OCT-01 EA-06 ISO-OO CIAE-00 PM-03 H-01 INR-05 L-02 

NSAE-00 NSC-05 PA-01 RSC-01 PRS-01 SP-02 SS-15 

USIA-06 AID-05 COME-OO EB-07 FRB-01 XMB-02 OPIC-03 

CIEP-01 LAB-01 SIL-01 OMB-01 NEA-06 CEA-01 10-10 

AGR-05 STR-01 /094 W 

023643 

P 290848Z NOV 74 

FM AMEMBASSY MANILA 

TO SECSTATE WASHDC PRIORITY 8700 

INFO AMEMBASSY KUALA LUMPUR PRIORITY 

LIMITED OFFICIAL USE SECTION 2 OF 2 MANILA 14007 

USADB 

FOR NAC AGENCIES 

8. TOTAL COST OF PART A ESTIMATED AT US$3.3 MILLION 
OF WHICH US$3 MILLION IS FOREX COMPONENT; TOTAL 
COST OF PART B PROIECT ROADS ESTIMATED AT US$20,184 
MILLION OF WHICH US$9.53 MILLION (47.2 PERCENT) 

IS FOREX COMPONENT; TOTAL COST OF PART C WATER SUPPLY 
ESTIMATED AT US$4,448 MILLION OF WHICH US$2.42 
MILLION (54.4 PERCENT) IS FOREX COMPONENT; COST 
ESTIMATES ALSO INCLUDE OVERAL 20 PERCENT CONTINGENCY. 

9. STAFF OF OVERALL EXECUTING AGENCY DARA DEEMED 
INADEQUATE TO MEET REQUIRED FUNCTIONS, HENCE 
PROVISION OF 13 EXPERTS TO BE FINANCED UNDER LOAN. 

GOVT AGREES BY 1 JULY 1975 TO RECRUIT ADDITIONAL 
STAFF TO INCREASE STRENGTH TO 80 PROFESSIONALS 
INCLUDING COUNTERPARTS FOR FOREIGN EXPERTS (SIDE 
LETTER NO. 4, PARA. 3). FOREIGN EXPERTS TO FILL 
LIMITED OFFICIAL USE 

LIMITED OFFICIAL USE 
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SENIOR POSTS INCLUDING KEY DIRECTOR AND DEPUTY 
DIRECTOR POSITIONS. FEDERAL PUBLIC WORKS DEPT 
(PWD) TO BE EXECUTING AGENCY FOR ROAD AND WATER 
SUPPLY COMPONENTS. CONSULTING FIRMS CURRENTLY 
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ENGAGED ARE PREPARING DETAILED DESIGNS, TENDER DOCS. 

10. CONSULTANTS UNDER PART A TO BE ENGAGED UNDER 
BANK'S GUIDELINES TO INCLUDE EXPERTS IN INVESTMENT 

AND PUBLIC FINANCE. REGIONAL/URBAN PLANNING; TRANSPORT 
ECONOMIST; ECOLOGIST/ENVIRONMENTAL ENGINEER; 

MANPOWER PLANNER; URBAN SOCIOLOGIST; ENGINEER/ 

PLANNER; MUNICIPAL, ROADS, HYDRAULICS, POWER AND 
TELECOMMUNICATIONS ENGINEERS; MANAGEMENT/OPERATIONS 
ANALYST. 

1 1 . PROCUREMENT FOR CONSTRUCTION PARTS B AND C TO 
BE IN ACCORD BANK'S GUIDELINES WITH CIVIL WORKS TO 

BE CARRIED OUT BY PRE-QUALIFIED CONTRACTORS SELECTED 
BY INTERNATIONAL COMPETITIVE BIDDING.ROADWORKS 
TO BE DIVIDED INTO TWO OR THREE PACKAGES TENDERED 
SIMULTANEOUSLY SO THAT CONTRACTORS CAN BID EITHER 
FOR INDIVIDUAL PACKAGE OR ENTIRE WORKS (SIDE 
LETTER NO. 2, PARA 4). FOR WATER SUPPLY PORTION, 

CONTRACTS COVERING PUMPS, PIPES AND TREATMENT PLANT 
TO BE AWARDED BY INTERNATIONAL COMPETITIVE BIDDING; 

CIVIL WORKS TO BE UNDER ONE CONTRACT BID BY PRE- 
QUALIFIED FIRMS. 

12. STATE OF PAHANG TO INITIALLY COLLECT WATER 
CHARGES FROM USERS OF LOAN-FINANCED SYSTEM; OPERATION 
OF SYSTEM BY STATE PWD PENDING POSSIBLE 

TRANSFER TO SEPARATE STATE WATER AUTHORITY (SWA) GOVT TO 
INFORM BANK OF DRAFT CHARTER, FINANCING PLAN OF 
ANY PROPOSED AUTHORITY; BANK TO BE CONSULTED ON 
TERMS AND CONDITIONS RE ASSUMPTION OF ANY DEBT, BY 
SWA (SIDE LETTER NO. 4, PARAS 7,8). 

13. PROJECT IS TECHNICALLY AND ECONOMICALLY 
FEASIBLE; HAS BOTH ECONOMIC AND SOCIAL WELFARE 
(DISTRIBUTIVE EQUITY) ASPECTS; ECONOMIC RATE 

OF RETURN ESTIMATED AT LEAST 16.7 PERCENT; 133,000 
LIMITED OFFICIAL USE 
LIMITED OFFICIAL USE 
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PEOPLE TO BE SETTLED IN NEW TOWNS BY 1990 HAVING 
ACCESS TO BETTER SOCIAL AMENITIES, INCREASED INCOME 
OPPORTUNITIES. EXISTING M$850-900 ANNUAL INCOME 
OF LANDLESS WORKERS AND SMALL HOLDERS EXPECTED TO 
RISE TO NET AVERAGE SETTLER INCOME OF M$5,000 - 
7,000 PER ANNUM. 

14. REQUEST US MISSION KUALA LUMPUR'S COMMENTS 
FOR NAC AGENCIES, INFO USADB MANILA, PURSUANT TO 
STATE 1 19795 DTD 3 JULY 1972. 

SULLIVAN 
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LIMITED OFFICIAL USE 
« END OF DOCUMENT » 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 1 1 JUN 1999 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 29 NOV 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: MorefiRFI 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974MANILA14007 

Document Source: ADS 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: n/a 

Film Number: n/a 

From: MANILA 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: linkl 974/newtext/tl 9741 187/dctdjaaj. tel 

Line Count: 109 
Locator: TEXT ON-LINE 
Office: n/a 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: LIMITED OFFICIAL USE 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 

Review Authority: MorefiRH 

Review Comment: n/a 

Review Content Flags: ANOMALY 

Review Date: 07 AUG 2002 

Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <07-Aug-2002 by martinml>; APPROVED <12 DEC 2002 by MorefiRH> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 

Status: <DBA CORRECTED> jms 19990812 
Subject: STATUS REPORT 
TAGS: EFIN 

To: STATE INFO KUALA LUMPUR 
Type: TE 
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